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Message Text 



UNCLASSIFIED 

PAGE 01 BRASIL 07796 151354Z 
44 

ACTION FBO-01 

INFO OCT-01 ARA-10 ISO-OO /012W 

002877 

R 151310Z NOV 73 
FM AMEMBASSY BRASILIA 
TO SECSTATE WASHDC 0511 

UNCLAS BRASILIA 7796 

FOR FBO FROM CUSICK 

E.O. 11652: N/A 
TAGS: ABLD, BR 

SUBJECT: SOR'S CONTRACT N. 3106-321299 

REFERENCE OUR OM DATED OCTOBER 24, 1973 THE CONTRACTOR STATES 
THAT HE MUST EXCHANGE THE ROOFING MATERIALS WHICH HE HAS 
ALREADY ON SITE FOR THE REQUIRED NEW ROOFING MATERIAL. AS 
A RESULT OF THE LONG LEAD TIME IN PROCUREMENT HE HAS ASKED 
FOR A 75 DAYS TIME EXTENSION. ON THE TYPE "A" SOR'S. 

IT APPREAS HIS REQUEST FOR TIME EXTENSION IS REASONABLE 
THEREFORE APPROVAL IS RECOMMENDED. 

CRIMMINS 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 15 NOV 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973BRASIL07796 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BRASILIA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t19731 1 32/aaaaaxqy.tel 

Line Count: 38 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: OUR OM DATED OCTOBER 24, 1973 THE CO, NTRACTOR STATES 

Review Action: RELEASED, APPROVED 

Review Authority: garlanwa 

Review Comment: n/a 

Review Content Flags: 

Review Date: 31 JAN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <31 -Jan-2002 by myersjs0>; APPROVED <15 MAR 2002 by garlanwa> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SOR'S CONTRACT N. 3106-321299 
TAGS: ABLD, BR 
To: STATE 
Type: TE 
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